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14 January 


MEMORANDUM FOR: Director of Special Projects 


SUBJECT : Photo Reconnaissance Systems Report No, 127 
I. CORONA 


A. Accomplishments 


1. CR-16 was removed from R-14 sta d counted 
to R-7. The launch date is dependent or GERD <oontdown 
status. The systern is ready to ship to Vandenberg AFB and 
holding at R-7, 





Zz. R-25 day preps are in progress on CR-8 and 80 
percent complete. The SRV's weight and balance was completed 
and the data is being evaluated. Camera cleaning is complete 
and the instrument module is installed in barrel. 


B. Problems 
None. 

C. Projected Schedule 
l. CR-16 R-7 and holding at WCPO. 
Zz. CR-8 R-25 backup preps. 
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In Accordance with E. O. 12958 


NOV. 26 1997 
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-** NOTICE OF REMOVED PAGES*** 


Pages 2 through 8 are not provided because their 
full text does not contain CORONA, ARGON, 
LANYARD programmatic information. 


